CONTRACT AMENDMENT NO. 1 
IN CONTRACT NO. PK-SMTA-122605-CS-QCBS FOR CONSULTANT'S SERVICES 
SIGNED ON SEPTEMBER 2%? 2021 
Lump-Sum (Phase 1) 


PROJECT NAME: KARACHI MOBILITY PROJECT 


LOAN No. IBRD-89950 


Assignment Title: Consulting Services in Preparation of Detailed 
Design, Procurement Support and Construction Supervision for 
Yellow Bus Rapid Transit Corridor 


BETWEEN 


The Sindh Mass Transit Authority (SMTA) 
AND 
M/s Dar-Al-Handasah Consultants (Shair & Partners) 


JV 
M/s National Engineering Services Pakistan (Pvt.) Ltd. 


Dated February , 2023 
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LUMP-SUM (FH ASE 1) 


This CONTRACT AMEN?-MENT No. 1 in the Contract made on the 2" day of te month September 
2021 (hereinafter called the “Amendment No. 1”) is made the Gey cf tne month of February 
2023, between. on the one pend, e Sindh Mass Transit Authevity (pereina”... called the “Client” which 
expression shail include tie suits" ssor?, legal representative and permitted assi and, on the other hand, 
a Joint Venture “M/s Dar Al-trandasah Consultants (Shair and Partner's) i^ joint venture with M/s 
National Engineering Servizes Pasistan (Pvt) Limited” (hereinafter called 1e “DAR-NESPAK JV”) 
consisting of the following ies, eth member cf which will be jointly and severally liable to the Client 
for all the Consultant's oblige ‘ic ns under this Contract, 


namely, 
1. M/s Dar Al-Handasah Consultants (Shair and Partners) (hereinafter called the “DAR”) 
2. M/s National Engineering Services Pakistan (Pvt.) Ltd (hereinafter called the “NESPAK”) 


(hereinaiter collectively called the “Consultant” which expression shall include its successors, legal 
representative and permitted assigns). 


WHEREAS 


(a) the Client and the Consultant have agreed to certain modification and variations pursuant to GCC, Sub 
Clause 16.1 through this Contract Amendment No. 1; 


NOW THEREFORE Parties hereto hereby agree as follows: 


1. The following documents attached in Contract Amerdment No.1 shall be formed an integral part 
of the Contract for Consultancy Services signed on 2" day of the month of September 2021: (\ 


IN WITNESS WHEREOF, the Parties hereto have caused this Contract Amendment No. 1 to be signed in 
their respective names as of the day and year first above written. 


For and on behalf of Sindh Mass Transit Authority 


Project Director Karachi Mobility Project) 


For and on behalf of M/s Dar Al-Handasah Consultants (Shair & Partners) JV M/s National Engineering 
Services Pakistan (Pvt.) Ltd. 


Ht 


Rabah Ait-Ali 
(Authorized Representative of the Consultant) 


CONTRACT AMENDMENT No. 1 


Amended Special Conditions of Contract 
CONTRACT NO. PK-SMTA-122605-CS-QCBS 


As per Original Contract 


Amendment 


=| z | 


Clause 9.1 


Authorized Representatives 
On Page 27 under 
Special Conditions of Contract 


For the Consultant: 


Replace: 


Mr. Bassam Shakhshir, 
Operations 


Mr. Rabah Ait-Ali, Area Manager 


Director of 


2 | Clause 14.1 


Expiration of Contract 
On Page 28 under 
Special Conditions of Contract 


Replace: 
The time period shall be 12 months 
The Contract is extended till 15 October 2023. 


Clause 24.1 


Insurance to be taken out by the Consultant 
On Page 29 under 
Special Conditions of Contract 


Fera 


Copy of the above insurance policy shall be 


submitted to the Client within 30 days after 
the Effective Date of this Contract. 


Copy of the above insurance policy for 
extended period shall be submitted to the 


Client within 15 days after the Signing of this 
Amendment. 


>| 


Clause 42.2 The Payment Schedule 
On Page 32 under Special Conditions of 
Contract 


Replace: 


The payment schedule for Phase 1 Contract. 


The new revised payment schedule attached 
with this Contract Amendment No. 1 as 
Annexure A. 


— 


ent 
of 


Clause 42.2.2 The Lump Sum Installm 
Payments under Special Conditions 
Contract on Page 33. 


Replace: 


Replace the words “sixty (60) days” with 
“forty-two (42) days” wherever mentioned in 
this sub-clause. 


With: 


Delete the entire Sub-Clause 42.2.2 and 
replace with the following: 


42.2.2 The Lump Sum Installment Payments: 
The Client shall pay the Consultant within 
forty-two (42) days after the receipt by the 
Client of the deliverable(s) and the cover 


tan fae tha ealated bimn onm inctallment 


No. 


As per Original Contract 


Amendment 


be withheld if the Client does not approve the 
submitted deliverable(s) as satisfactory in 
which case the Client shall provide comments 
to the Consultant within fourteen (14) days 
period of his receipt of the related technical 
deliverable(s). If the Client_fails to approve. 
disapprove or otherwise respond to such 
deliverable(s) within the applicable fourteen 
(14) days after _Client’s receipt of the 
deliverable(s), then Client shall be deemed to 
have approved such deliverable(s) and the 
Consultant can proceed with the next stage of 
deliverable(s) and submit the related invoice. 
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42.2 


ANNEXURE — A TO CONTRACT AMENDMENT NO. 1 


The payment schedule: 


The Payment Schedule for Phase 1 contract, according to the following percentage of the 


Price against respective deliverables, as noted below: 


Price 


% of Contract 


Submission and approval of the Final Inception Report 10% 


Interim Report — Supporting Studies and Analysis (20% 


Submission and approval of the following Final Reports: 


iv. Geotechnical Survey and Investigation 


Contract 
S. No. | Deliverables 
1. _| Inception Report (10%) 
a. 
2. 
a. 
i. Topographic Report 
ii. Residential Pavement Strength Survey 
iii. Structural Condition Survey 
c. 


Submission and approval of the following Final Reports: 


a. _| Package 1 and Package 2 — Depot 1 and 2 (6%) 


i. Traffic Engineering Study 
ii. Parking Study 
iii. Hydrological Study 


iv. Utility Survey 
3. | Detail Designs (35%) 


10% 


10% 


i. Submission 4.2% 

ii. Approval 1.8% 
b. | Package 3 — BRT Corridor (Segment 0,1,2) -—(12% 

i. Submission 8.4% 

ii, Approval 3.6% 
c._| Package 5 — BRT Corridor (Segment 4,5,6,7) — (12%) 

i. Submission 8.4% 

ii. Approval 3.6% 
d._| Package 6 — Off Corridor Improvement — (5%) 

i. Submission 3.5% 

ii. Approval 1.5% 
4. | Approval of Bidding Documents and Procurement Support Services 


" 


25% 
a. | Packages 1 and 2 — Depot 1 and 2 (NCB) - (4%) 
i. Submission of Bidding Documents 2.8% 


ii. Approval of Bidding Documents 


0.8% 


iii. Procurement Support Services 0.4% 
b. | Package 4 —One Km long Bridge (Segment 3) (ICB) — 5% 
(5%) 
c. | Package 3 — BRT Corridor (Seg 0,1,2) ACB) — (6%) 
i, Submission of Bidding Documents 4.2% 
ii. Approval of Bidding Documents 1.2% 
iii. Procurement Support Services 0.6% 
d. | Package 5 — BRT Corridor (Seg 4,5,6.7) ACB) = (6%) |_ 
i. Submission of Bidding Documents 4.2% 
ii. Approval of Bidding Documents 1.2% | 
iii. Procurement Support Services 0.6% 
[ El Off Corridor Improvement (NCB) — (4%) sale 
i. Submission of Bidding Documents 2.8% 
ii, Approval of Bidding Documents 0.8% 
is iii, Procurement Support Services 0.4% 
5. | Design Review Report for Package 4 (10%) 
a. | Final Detailed Design Review Report for Package 4 
| i. Submission E a 
ii, Approval 3% 
TOTAL 100% 


